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BILL NO. S-88-01-0 / 
SPECIAL ORDINANCE NO. Sef Poke 
AN ORDINANCE approving Change Order 
No. 1 for Res. 395-83, Rehabilitation 
of Sewers - SSES Subsystems DS, ES, GS, KS, 
Federal Grant C-180775-02 (FINAL), with 
Bercot, Inc., in connection with the 
Board of Public Works and Safety of the 
City of Fort Wayne, Indiana. 

NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION. That Change Order No. 1 for Res. 395-83, 
Rehabilitation of Sewers - SSES Subsystems DS, ES GS, KS, 
Federal Grant C-180775-02 (FINAL), with Bercot, Inc. in 
connection with the Board of Public Works and Safety, for: 

this Change Order is necessary 

because of the following: based 

on final measurements, the quantities of 

some items have been decreased or increased. 

Overall this is a deduct change order; 
involving a net decrease of One Hundred Forty-Five Thousand, 
Three Hundred Seventy-Two and no/100 Dollars ($145,372.00), 
all as more particularly set forth in the specifications, 
and which is on file with the Office of the Board of Public 
Works and Safety and is by reference incorporated herein, 
made a part hereof, and is hereby in all things ratified, 
confirmed and approved. 

SECTION 2. That this Ordinance shall be in full 


force and effect from and after its passage and any and 


all necessary approval by the Mayor. 





APPROVED AS TO FORM 
AND LEGALITY 


TTia We, La 
J. Timothy” McCaulay, City Attorney 











i “Read the ee 3 in full and on motion by 4 
seconded by , and dyly, adopted, read the second time by 
title and referred to the Committee on AAA (and the 


City Plan Commission for recommendation) and Pu lic Hearing to held after 
due legal notice, at the Council Conference R i nty Building, 
Fort Wayne, Indiana, on , the , day 


OF O : Peat f o'clock pod u CR o Me 
DATED: bt DP A i ; 


SANDRA E. KENNEDY, CITY CLERK 


Read the third tiffe in full and on motion by ee ae p 
¢ LL OE 





















seconded by , and duly adopted, placed on its . 
passage. PASSED LOST by the following vote: on 
AYES — NAYS _ ABSTAINED ABSENT 
TOTAL VOTES PA 
BRADBURY Ez rie a ee 
BURNS ii 
GiaQUINTA SO 
HENRY on 
LONG Pe 
REDD E 
u 
SCHMIDT 
STIER e” 
TALARICO oT 


DATED: SAA dF 





Passed and adopted by the Common Council of the City of Fort Wayne, 


Indiana, as (ANNEXATION) — (APPROPRIATION)———————<£6G de 
(SPECIAL) ( ZONENG—MAP ) RDINANCE RESOLUTION NO. SASF, 


on the OC ae aay OE ke ae LS AA 


A Y ped ATTEST SEAL 

AO 

A A Ll. 
SARA _/ TEREI Z 7 
SANDRA E. KENNEDY, CITY CLE ee ata PETER 


Presented by me to the Mayor of the City of Fort Wayne, Indiana, on 


the BS SF “O day of att, ; 19% 
at the hour of (1:00 o'clock om Ser. 
seme: 












SANDRA E. ee CLE 


Approved and signed by me this 28 day of Anua: - 


19 SX , at the hour of ¡DEZA o'clo A sM: EiS T 
TRA 


PAUL HELMKE, MAYOR 





Change Order No. #1 (final) 
Resolution No.395-83 
Board Order No. 


REQUEST AND JUSTIFICATION FOR CHANGE 
€. AA LO PUR CHANGE |: 


Necessity for change: This is a "Project Close Out" change order. Based on 


final measurements, the quantities of some items have been decreased or increased. 


Overall, this is a deduct change order. 
a A IA E A 
A E A RS 


AA A E A A A NA 
— _ _______—_—_—____ _ __—JJJJJJ A A A A A A 
Will proposed change alter size of the project? Yes No_X 


If yes, explain 


3 . 


Affect on operation and maintenance cost of this project: 


NONE 
Pipe su E J RR aE T Le Oe E 




















Tom Pallone 


ATTACHMENT TO CHANGE ORDER 


ange in Contract Price 
tem” Quant it y Description of Change Unit Price Increase 
" : . 
293 L.F. 8 Diameter Sewer Pipe 
Cleaning 
L.F 10" Diameter Sewer Pipe 
> ° j Cleaning 
12' Diameter Sewer Pipe 
L.F.] Cleaning 
15" Diameter Sewer Pipe 
2 | L.F.] Cleaning 
8" Diameter Sewer Pipe : 
29 o aes NT Ean 
10' Diameter Sewer Pipe 
988 L.F.| Sealing 6,076.20 
ieee Pi 
15" Diameter Sewer Pipe 
528 Le 3,220.00] 
L.F.f Manhole Sealing Svein 49.00 ee 416.50 
` EA. Point Repair of Sewer-- 3,800.00 3,800.00 
" : . 
A al dead 25.00 10,000.00 
10" Diameter Sewer Pipe 
DEEA es ac a sie 00 17,500.00 
1 


: 12'" Diameter Sewer Pipe 
BP. haReplace, a: 


922.95 


98 


00 


3 
1276 3 4,019.40 


E 


1,656.90 


mi 


LS 
Lo 
3e 
6.15 


Nn 


Y 


7,847.40 


00 


6.15 
6.5 
6.15 


= 
o 


m. 
m 


400 


o 


u 


0 


3 


; 1500 . 45.00 67,500.00 


fa 00 
On 


: 15" Diameter Sewer Pipe 


500 F:f. Replace 55.00 27,500.00 


‘20,000.00 20,000.00 


= je m m = 
Ov ju ~ wo N 


ie 
q 

Es t~ 
i un 





Total Decrease 100,380.20 


15,008.20 


Total Increase 


Net (Decrease) (IHEFEMBE) | Contract Price $145,372.00 


3 ' TA 2/1=/0 
SETAS 


CHANGE ORDER 


Change Order No. ¿1 (Final) Resolution No. 395-83 
Project No. C-180775-02 Board Order No. 


Name of Project: Rehabilitation of Sewers - SSES Subsystems Date: December 28, 1987 
02,85, 057 K8 
To: Bercot. Inc. 
(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 





“Total Decrease 





Total Increase 





Net (Decrease) (Frgrexgg) Contract Price| 145,372.00 


The sum of $__145,372.00 is hereby (X4IXIXEI) (deducted from) the total contract price 


and the final contract price shall be adjusted as follows: 


Original Contract Price 
Current Contract Price Adjusted by Previous-Change Order 
New Contract Price including this Change Order 


$ 699,481.00 
699,481.00 — 
g 554,109.00 — 


The time provided for completion in the contract for this project is (unchanged) (##e&XSSSEH) 


(decreased) by -0- calendar days due to this Change Order. The date for completion 
of all work shall be N/A - Furthermore, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 

(ae 


Pà Hte 13-20-39 
Datel Jad =D = / 
Date 3 a as ZA a 


Date IX 2 Ah / 


Date [8-a y. z 


Recommended b : É 






ineer 










Chief Eng 






Accepted by: Contractor 





Approved by: 


Attested by: 


dmn: Anor,.. q 
Change Order #1 (Final) Res. TEE a fai 8 


TITLE OF ORDINANCE of Sewers - SSES Subsystems DS, ES, GS, KS, Fefleral 
i ran = = Fis a 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 





SYNOPSIS OF ORDINANCE- Change Order #1 (Final) Res. 395-83; Rehabilitation 
of Sewers - SSES Subsystems DS, ES, GS, KS, Federal Grant 180775-02, 


is a "Project Close Out" change order. Based on final measurements, the 


quantities of some items have been decreased or increased. Overall this 
is a deduct change order. - 08 -07 
A A A TO AA 


A o ee a ME IA EDS A ls A e TEO 
A a O A OS 
EFFECT OF PASSAGE To facilitate completion of project. 
o PI E. AS E A AR y TORA A 
a E A o a RR e ac 
EFFECT OF NON-PASSAGE 

e A E RAN MI EE e AC ie 
A A A SN a ae 
A a PAS A ee 
MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Decrease $145,372.00 
A e E AM E ee a AO LE DAN EE IN ee A S) 
ASSTGNED TO COMMITTEE 

A es 
ee a ee 


BILL NO. S-88-01-07 


REPORT OF THE COMMITTEE ON CITY «UTILITIES 


WE, YOUR COMMITTEE ON CITY: UTELTTIES TO WHOM WAS 

REFERRED AN (ORDINANCE) (RESSXUÉISN) approving Change 
Order #1 for Res. 395-83, Rehabilitation of Sewers - SSES 
Subsystems DS, ES, GS, KS Federal Grant C-18077-02 (FINAL) 


with Bercot, Inc., in connection with the Board of Public 


Works and Safety of the City of Fort Wayne, Indiana 


HAVE HAD SAID (ORDINANCE) (RESOLUTION) UNDER CONSIDERATION 


AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 


(ORDINANCE) (RESQHUREGK) 





4 PAUL M. BURNS 


CHAIRMAN 
AS ee ee B. REDD 


VICE CHAIRMAN 
MARK E. GiaQUINTA 





-SAMUEL J. TALARICO 


JAMES S. STIER 


UVAS Ir 


CONCURRED E E 


Sandra E. Kennedy 
City Clerk 





